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SmPFT 

25X1 


9 Jaaufliy 1958 25X1 

25X1 

ILLEGIB 

SDN 8-5006/02- 
In reply refer to: 

^ I 58H-0557/1839 


Attention: 


OOe -^JL REV DATE _3l Tnan gv 

ORIG COMP ^S’Cf opf . TYPE 6/ 

©r:q class jS— ^.^ges /O rev class 

iwoT Aj^ r: XT REV AC/Q flUTH: HR 70-2 


25X1 


25X1 


Subject: Phase II Development of the 

AS-6 Communication System 


Gentlemen: 


L ^is pleMed to submit in accordance 

vith discussio ns between your representatives and those of the 


a foraual prxjposal covering the development of tha AS«h C ftTmmini . 


cation aystem. This proposal consists of the following Exhibits: 


25X1 

25X1 

25 X 1 


Exhibit ”A'‘ 
Exhibit ’’B" 
Exhibit "C" 
Exhibit "D" 


Statement of Work 
Estimated Cost Breedcdovn 
Delivery Schedule 
Government Furnished Property 


It is anticipated that any contract resulting fixan this pro- 
posal will be set forth as an additlonBl Task Order to Contract RD-I03 and 
the tezms and conditions of that contTract shall apply. The estimated cost 
and delivery schedule set forth herein may be considered firm for a period 
of sixty (60) d^s from the date of this letter. 


25X1 


SECRET 
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25X1 

9 January 1958 



Requosts for additional Information regarAlng this correspondence 


should be directed to 





25X1 

25X1 


Encloauree 


Very truly yours, 


Director,. Military Sales 


Exhibits 


"A”. "B" 


Attaelment I, 

19 December 1057 


, ”C" and "D” 
^dtd 


Attacboent H, Tedmical Discussion 




25X1 


25X1 


25X1 

\ 


SECRET 
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SECRET 

EXHIBIT "A" 

58H-O557/1839 

9 Jaxauary 1958 
Page 1 of 1 

STATEMEHT OF WORK 

Item 1: Design and develop the AS>6 Data Telemetering System as 

described In the attached technlceil discussion. 

Item 2: • Fabricate prototype AS -6 field unit. 

Item 3: Fabricate prototype AS-6 base station. 

Item ki Monthly letter reports. 

Item If-A: Quarterly progress reports. 

Item IfB: Final report. 


SECRET 

Declassified in Part - Sanitized Copy Approved for Release 2012/01/04 : CIA-RDP78-03330A0041 00090078-8 




25X1 

Declassified in Part - Sanitized Copy Approved for Release 2012/01/04 : CIA-RDP78-03330A0041 00090078-8 



Declassified in Part - Sanitized Copy Approved for Release 2012/01/04 : CIA-RDP78-03330A0041 00090078-8 



Declassified in Part - Sanitized Copy Approved for Release 2012/01/04 : CIA-RDP78-03330A0041 00090078-8 

* "Vj 


SECRET 


25X1 


EXHIBIT "B" 

58H-O557/1839 

9 January 1958 
Page 2 of 2 


Included I n the material and su bcontract colxann is a CPPP sub- 
contract to the in the amount of $128, 29^ covering 

the development of a long-term switching device (See Attachment I). 

In order to meet the extremely stringent delivery schedule, the Sub- 
contractor has included overtime in his proposal. 




Jto view of the critical nature of this item, the 

[believes that this overtime is Justified and requests approval 
the inception of the Task Order of this subcontract including the 


premiTjm overtime. 


25X1 


9fiyi 

‘25X1 


SECRET 
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SECRET 


EXHIBIT "C” 

5aH-0557/l839 

9 January 1958 
Page 1 of 1 

DELIVERY SCHEDULE 

Item 1: Completed twelve (12) months from receipt of contractual 

coverage. 

Item 2; Completed twelve (12 ) months from receipt of contractual 

coverage. 

Item 3: Completed twelve (12) months from receipt of contractueO. 

coverage. 

Item UA: Submitted fifteen (15 ) days after end of reporting period. 

Item 5B: Submitted thirty (30) days after end of reporting period. 

Item 6C: Submitted sixty (6o) days after completion of Items 1, 2 and 3. 


NOTE: This schedule is predicated on a forty -four (^^) hour work 

week. As indicated in the estimated cost breakdown, Contractor 
anticipates 8464 overtime hours. It is requested that any 
Task Order resulting from this proposal Include authorization 
for this overtime. 


SECRET 


25X1 
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SECRET 


25X1 


EXHIBIT "D” 

58H-O557/1839 

9‘,)January I958 
Page 1 of 1 


GOVERNMENT FURNISHED PROPERTY 

1 ea RF 16-A Field Unit 
1 ea 23I-D-20 Transmitter 
1 ea RS 11 -A Receiver 


The first tvo items are already at Contractor's facility as Government 
Furnished Equipment to existing Task Orders. The RS 11 -A will not he 
required throughout the entire program but only for a short period to per- 
mit study and inspection of applicable techniques. 


SECRET 
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Per recent discussions, we are (jioting on your reqnireaients for a 
long tero switching device. We propose to develop and fabricate two 
(2) prototype devices as described in attached technical report. Fur- 
ther, w3 will be prepared to deliver, as you require, wnflJ.l quantities 
of these devices. 


25X1 


25X1 


25X1 


Our detailed cost estimate attached anticipates our cost of $128,29**' 
for development and fabrication of two (2) prototypes. 


We propose to carry out this work under a one-year oost-plus-flxed-fee, 
best efforts, sub-contract to 

Based on related experience we estlnato at this time a cost of $2500.00 
each for a min-tTnnm of two (2) additional units. This figure should be 
accurate throu^ quantities as high as six (6) units. It is essentitLl 
that these additional units be procured directly following the develop- 
ment activities to provide a continuity of work for hijjily specialised 
personnel. 

Delivery of any additional quantities will require approximately 
sixty (60) days. Under our proposed rate of progress this would require 
time beyond the one (l) year contract. 

We are aware of your desire for an externally driven switch mock-up 
of our device within six (6) months from start of work. Further, we in- 
tend to attempt an eleven (ll) month deli very of "the two (2) prototype 
units . 

As added insurance against contingencies entering in to adversely 
affect our performance, we ha've Included in our cost estixiate a sub-con- 
tractor fund and an overtime premitjm payment fund. 


25X1 


The work load euad the time allotted are such that we ere aware Bome 
overtime work will be required. The amount detailed in our cost estimate 
will be treated as a maxlsDuni amount not to be exceeded without prior 
authorization . 
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Dee6al>er I9, 1957 


2 *-' 



sach owtalda u 

f® ^ dwiig tarn ewe of pro.i«et¥7~^^3 

eoiMMl^tlOM with tlwM argutlMtloju to ho yrerj acpodlttouJT 

utillxlag So^Tlca. •• .dJuMt* 

to our Mdn aorrleo to ycm, 

« !!" to oar tMhnlcal vtofo-l therein ww Indleato 

^ ■owa^nt. Bio developwirt of thli 

^ ^ •^raacod otoeo, boo been ooeoavUahod atgroot 
peoM to th l^ <viaipi*ny « ZtetoUo of its oporotioa hawo not been pabUclw 
dleclooed. therefore, it mot be onieretood that jour ecoewUuS^^. 
proposal sh a ll ooostl'tata an agresroirt; that: 


1. Beither the uee of the ■OTcasnt, ite oonstruetlon 
^•taile, nor enjr other infonotion on it be 

dis ^ee d or diseeaineted except on e ctriet "Wd 
know* beele, end then onlj to ftally entborised 
and reeponeible g p r er in^nt pereoanel who are rm ~ 
nitted to respect the confidential Character of 
the infosaation. 


25X1 


25X1 


2. Sole iroirietary rights to this aovewnt remin 
with this oCBvanjr. Bo license of anj sort to aw 
person or Inetn w. ntality is to be Istplied 
ow** a®reeing to incorporate, or frosi our incor- 
porating, the electronic watch aoTeswnt in the 
switch deriee. 

3« Ihie e«tp a n y will not be required to license any^ 
one to aanofaeture the electronic watch aoveaent 
in total, or any parts or sub-assesdtOies thereof, 
nor sh a ll it be required to otherwise pexnlt its 
aaoufaeture by or for the gOTemaent* ocst- 
pany fully reserves any axul all patent rights in 
any way pertaining to the electronic watch wve- 
aent and parts thereof. 

patentable nature, we propose no restrictions on 
a royalty-free license to the govenaent. The above agreement is the basis 
on which we are presently doing work for yo\ir customer and should nose no 
contractual problass. 


¥e appreciate very such the opportunity of quoting on your requirements 
and hope that we may be of serrice to you. * 


Very truly yours 


25X1 


Enc. (d) 


Chief En rinonr 


25X1 

25X1 
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